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without corroborating evidence. From the most accurate investigation I have 
be“aSLd° moccur. ™ “ «ason to think that any fraud or peculation has 

Another cause which has retarded the general progress of these works in the 
last season is the expenses of repair of roads already constructed, which has been 
done in pursuance of the instructions of Mr. Lamb, of date 14th October 1827 
I he hea.viest charge on this account is the restoration of sundry bridges, &c. on 

which did “ extoordinary water-spout in June last, and 
which did other VOT material damage ; the importance of this line called for the 

lines hnTf rd »f come the works on some of the new 
lines had to be deprived of part of the funds at 6rst intended for them. I have 
not yet learned whether the expenditure on this head is to be replaced by the funds 
of*Navigat?on*'^ purpose of repair under the management of the Directors 



COUNTY OF MAYO. 

principal work in hand in the County of 
Mayo , It IS Marly 60 miles in extent, and has been opened to the publio'^for 
several years, forming the only inlet to the extensive peninsula of Erris f we have 
since kept it in a general state of repair and gradual improvement. 

of water-spout fell in the district south-west 

of Nephin Mountains, bringing down trees, hay, masses of bog, and gravel to 
a most surprising extent, into the lake of Beltri ® ^ ’ 

Ihe river of Genesland was raised fifteen feet above its usual level, glutted 
and earned off the bridge of Bunavan, although substantially built on solid rock 
those also at Beltra, Gregeen and Glencastle: of about tJenty feet spa“ w“e 
destroyed, besides several small arches; they are now all rLtored^ with the 
exception of Beltra, which I had to put off for a season, but have replaced ad 
mtmm by e. ford, so as to maintain the communication. Four houses at this place 
were swept away ; one persons life, and much property in cattle, potatoes^ and 
furmtare, lost. I have cleared the road and river-courses where choked with gra- 

bniit bv ““‘I'' of greater waterway ; most of them had bwn 

budt by the county presentment before I took charge of the line. 

The improvement of the country laid open by this road continues to nroceed 
TvrS’ •'“0 Nephin range we come out on the great bog plain of 

Tyrawly , and here we are first struck with the operations of Mr. James Nolan 
who hM taken a large tract of the waste near the Deel river, and in less than three 

has thirteen stacks of ram 

from reclaimed bog this year in his yard, and proceeds rapidly with improvements 
m reclaiming, draining, and planting. t- y an improvements 

At the large bridge of Corrick I find a comfortable inn just completed and 
considerable agricultural improvement all through the glen to Bangor Ld BeL 
mullet, and various branch-roads made into the neighbouring farm-villages in 
Tder crop!‘“'^ " held in common are being inclosed and laid 

At Belmullet the advance is quite surprising : this place only commenced four 
years ago ; it now counts about sevent/ respectable hrases, two or™ ee grata 
cottages, with mclosHres planted with trees, &c ^ 

I gave in a former report a return of the commencement of its mercantile tran 

thfinn'd of ‘he business done last year, by which 

the rapid process of agnculture may be also perceived. ^ ^ 

im™ried'’T I® ’ oxported 500 tons of grain, 12 tons kelp, &c ■ 

imported 85 tons salt, 13 tons of rod and other iron, 6 tons metal 150 buitoles 
of hoops, 20 tons of coal for kilns, made and sold 19 boats, orders for 40 mo e 

Wner’^Inf Tt” “ h"‘W'“g ' .3<wl. He is also postmaster and sta ^office 

keeper, and states that the receipts are wonderfully increasing : and one fart viz 

f.itrrhrcruiyTaiir“i." ^ 

Mr. Days sold pool, worth of wine and spirits; bought 700I. oats and 
ragam l- ade^ «hop-goods! iron, leather La' 

Mr 
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Mr. Reilly bought sixty tons of oats, and loo^. worth of hides, and 2,000?. 
worth of shop-goods. Mr. Casey, (only built this year) bought twenty-six tons 
grain, 40/. of shop-goods, and expended in building 300?. 

Mr. Minahan, i8o?. for spirits and beer, 300/. for cloths and calicoes, and 
80?. in building. 

Mr. Scott, 300/. for spirits and beer. 

Mr. Loftus, 300/. ditto. ditto. 

Mr. Jordan, six tons of oats, eleven on hands, besides buildings, &c. &c. 

Mr. Ivers mentions, that on his commencing in 1823 he could not get 
100 tons of grain to buy in the country ; now, by the communications opened, 
he and the other dealers can have 2,000 tons. 

The activity of the coast-guard and revenue, have done much towards the 
suppression of smuggling, and of course to the increase of agricultural export ; 
and the good order and example shown by the coast-guard, have done much to 
improve the habits of the country people ; there is still however in the districts 
not pervaded by the roads, a good deal of illicit distillation. Binghamstown 
continues to advance, though not so remarkably as Belmullet, to which it is too 
near, and has not the same advantages of situation ; it now counts 1 1 1 houses 
roofed, twenty-three unfinished. At Tarmon Pier, the extremity of the line, the 
coast-guard have formed a kind of little town, and from this place carts frequently 
were met going with herrings all the way to Castlebar. 

Nothing could so effectually extend to the suppression of smuggling in this 
district as the completing the roads along the eastern side of Blacksod-bog, and 
on the north coast from Broadhaven to Killala. These lines we have been 
obliged to allow to stand over, for the reasons before given, but from what has 
already been done on the Killala side much benefit has accrued ; the village of 
Ballycashel is assuming quite a new appearance, and at Belderrig, to which there 
is now access by horse, a little town is rising, with some shops already in 
existence; the population, crowded heretofore in the narrow vallies, are fast 
settling along the new line. 

Killala to Swintford. 

From Killala to Ballina, Foxford, and Swineford, an excellent new road of 
thirty feet wide, made with stone, was opened and delivered to the care of the 
commissioners for repairing these roads two years ago. I am sorry to find that 
the plan of repair adopted, viz. by a contract, at so much per lineal perch, is not 
likely to be attended with public advantage ; the contract, though taken at a low 
price, has been sub-let still lower, and, as might naturally be expected, this most 
important line is getting into disorder, and its stock of materials rapidly 
diminishing. 

I have not been able to get at the particulars of the increase of trade in 
Ballina and Killala since the opening of this line, but all accounts agree that it 
has been very great, and must have been attended with a proportional increase 
of agriculture in the interior; the great extension of buildings, especially at 
Swineford and Ballina, are a manifest proof of the importance of this commu- 
nication. 

Kx>ad through Coolcamey, and from Clare to HoUymount. 

These roads stand over for the reasons before stated ; the portions of road 
executed between Clare and Westport, and between Ballinrob'e and HoUymount, 
have been kept in repair, and are considerable thoroughfares ; the extension of 
these lines is anxiously desired. 

Newport into Ackil Island. 

This road is completed as far as the sound, though the portion of old country 
road next Newport would require considerable amendment. 1 had suspended the 
part within the island, though very near completion, except so far as to complete 
a path for horses into the centre of the island ; but it is painful to see the poor 
®^rrying their com on men and womens backs over cliffs of j ,500 feet high, 
mong a wild track of mountain, bog, and strand, to get at the line which has 
thus been opened ; and I know no part of my district which would sooner rise 
mto consequence than this, if once laid open by roads. 
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Road from Westport to Kilkry. 

This road, which forms the only carriage-line between the towns of Mayo and 
the districts of Morisk, Joyce Country, and Conamara, is now made passable by 
closing the bridge of Errive, though the parapets are not yet laid. A variety of 
improvements have been made in the western part of the old county-road which 
this joins, and the eastern next Westport would require material alteration; the 
people alonff that line now making extensive use of carts to carry in turf and 
produce to Westport, and return with limestone, feel that even the best parts of 
their old bridle-roads are a serious obstacle to their business. I have had surveys 
made of this part, with a view to its improvement, to Castlebar and Ballin- 
robe, and may possibly obtain aid from the Grand Jury for the purpose. 

COUNTY OF GALWAY. 

AT the Killery Head we enter Galway by a dangerous narrow road, along 
a precipice, this line has been fenced, and in parts widened, and levelled, or 
altered to the commencement of the line from 

Kilkry to Cong. 

This road has been opened for public use some time ; the difficulty of access 
into that quarter in 1822 having prevented the necessary inspection by the 
engineers ; several mistakes had occurred in laying out this new line, which 
would have defeated its object as a carriage-way. I have been obliged therefore 
to correct it, especially in the passage over Cluggam Hill ; this improvement is 
now completed, and the whole line has received a general repair and additional 
gravelling. The end next Cong would require a further extension for about 
a mile, to terminate properly in the plains of Mayo and Galway, which has been 
some time contemplated, but not yet begun ; as also a small quay near where 
it leaves the side of Lough Corrib, which is much wanted by the neighbour- 
hood. 

Road to Kilkerran Bay. 

From the middle of last-mentioned, at the head of the lake, a new road passes 
across the river, and into the centre of the Conamara district, to Kilkerran-bay, to 
join the line of coast-road. This forms the main opening into the plains of Mayo, 
and also from the south of Conamara to Westport. From the head of the lake 
to the central Conamara road at Shendela, this line has been opened two years. 
It has this season received an additional gravelling. A substantial bridge has 
been built on the Tiemakill river. The large arch at the head of Lough Corrib 
is just completed, and preparations are making for turning the river this summer ; 
this has been a work of some risk and difficulty, the river being twenty feet deep 
at lowest water, and the bog forty, or fifteen feet below low water of the sea. 
From this place the lake is navigable to Galway thirty miles, and from its central 
position at the junction of severed of the new lines ; and besides some of our 
heaviest works, I found it the most convenient site for our principal office, store, 
and workshops, in that quarter, the want of accommodation for which had in 
several instances subjected us to much inconvenience, loss, and expense. 

Not deeming myself authorized to construct any permanent buildings at the 
public expense, an,d having in other places experienced the inconvenience of 
want of tenure, I thought it most advisable to take a demise of this place for 
thirty years from the proprietor, and construct the requisite accommodations at 
my own cost and risk, so as to make them convertible into a small inn, much 
wanted in that country when the roads shall be opened. By this means I get rid 
of any interruptions, or claim for damages from the occupiers, which threatened 
to be enormous at this bridge, and charge only a small rent for what is in the 
occupation of the Government. Thi.s is likely to be a great thoroughfare ; it is 
already much frequented by foot and horsemen, even with the inconvenience of 
crossing the river. 

The portion of the line soutli of the central road to Commas, or head of 
Kilkerran Bay, has been mostly formed and fenced, and part gravelled this 
season. 
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The Central Conamara Road. 

. ■ f Rpnnrts s-Lven tlie reasons for recommending to Government 

. al"d rardS^^ of this line, even if .he parallel portion o 

Spread should be suspended, and stated also the terms under which it was let 
coast-roaa sno season made considerable progress, chiefly 

by contract. ^ received two instalments from the county-funds, and 

“trus't wffl be enabled to finish it creditably, though the work seems likely to be 

delayed beyond line towards Oughterard ; all the new 

Various j bufthe old portion would require some amend- 

STe'^t" SS tte nef conhaS'line be readf I found it absolutely necessay to 

ment. e ntil the ne^ ,be old bridleway Iroin 

preserve “j,. r ;Jb The portion next Clifden was improved some years 

agrSi^undeJ a county contract to Mr. D’Arcy. By a short branch of good 
ago, ana IS unoei i repaired, the central road communicates 

'°fh twLst Kne^t the bridge over the Lllinahinch river, and thus gives access 
withthecoast- meatt ie M^ Birterbay, and from this the new coast-road 

to the ''htbonr exception of the bridge aforesaid, the com- 

plerg"^ ofwSch X’ mLh delay Li disappointment, I have now let by 

“The" new line is also open from the same place to the fisher, -quay at Round- 
stone where tL village iLntioned in my last Report proceeds w. h considerable 
snirit’ An extension^ of this line to the more practicable part ot the old road 
fading towards Slynehead is much wanted. 1 have had surveys and estimates 
leduiug iuv>aiu 3 bitherto made no arrangement for its execution. Ihe 

ritltVtoSe°n:;s’’“aVle''diZce north of Clifden, and has reeeived tins 
se^on a general repair as far as Cleggan pier and Dernyiaver pier on the north 
shore of Ballynakill Bay ; a portion of the county-road has been put m order, and 
compll; this to the sea at Renoyle or Tully, where Mrt Blake has begun a vil- 
LTe or maAet-town that promises well. A patent has been lately obtained for 
lage or marKct i p improvement near Clifden, mentioned in 

myRe^orTrf^^^^^ taLn place, Mr. D'Arcy having declined 

'"xhl'cMnectAgThL^ with that at the head of the Killery, which is the 
subiL of a memorial from Mr. Blake, is a matter of great ™portauce and of 
some difficulty. At present the communication is maintained by a hilly bridle- 
road, which can hardly be passed by any carriage. As proposed m my letter oi 
September last, I have had the lines regularly surveyed and estimated, and find 

that by Lough Feo it would cost - - - ' ' 5 ’““° J 

ByKylemore 

As either of these would make a very material aMR'™ already 

appropriated to this district, I have not deemed it advisable to proceed further 
with them until I receive the orders of Government. 

I find also that the widening and improving the bridle-road from rame place 
to Galway would cost about 1,000b, I have therefore only directed this to have 
a temporary repair until the preceding be decided. 

Coast Road towards Galway. 

I have already stated that this line from Birterbuy-bay to KiAerran-bay has 
been suspended tor the present, to permit the transference of the funds to the 
cStral road, which is parallel to it. The rest of the line to Galway has had 
nothing done to this season from want ot funds, with the exception of the rock 
cutting® at Cloonisle, which is completed, and the road there carried a little 
farther to obtain supplies of gravel. . , . i j j 

I have lately inspected the line through this peninsula to Moynish island, made 
at the county charge, by a loan ot public money, and nearly complete ; some 
further extension or improvement of the old line is necessary, to connect it with 
the central road. A village is rising at Castello-bay pier. c.t« 

The bridge of Barna having been abandoned by the contractor forinerly em- 
ployed, I have, after some delay, made a new agreement for its completion by 
a different person. By the construction of this bridge acres of land will be 
348 B 
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CdLpMed “ question worthy of attention how it should 

M^arrer'*"™* Barna, and Mr. Browne of Castle 

The state-pier has received some repair this season, its parapet haying been 

S wh”''r‘'f n I”"""' “mplutety the great improve- 

ment which It has produced in the harbour of Galway. Nothing further of 
importance has occurred m this part of my district. ^ ^ 



NORTH EAST DIVISION. 



I HAVE already Stated the reasons for suspending operations in this quarter 
Dunng the tot season little has been done, excepting some portions of work which 
were proceeding by contract ; I shall however give a brief statement of their nre 
sent condition. 

Drumukair and Cetiinaveeny Colliery Road. 

This road runs along the coal-field near the summit of Corslieve Mountain 
County of Leitrim ; it was laid out so as to serve, if necessary, as a rail-road and 
descends gently to Lough Gilh which is navigable into Sligo. The portion through 
Cettinaveeny and TuUynaha Coal-pits, at the southward, has been made availaWe 
to the Irish Mining Company these three years past, thence for six miles it h 
a narrow road, and all the materials are ready prepared for spreading, excepting 
at the glens where the excavation has been reserved for filling the bridges. Prom 
hence to the Bonnet River, eight miles, are formed and fenced, and nearly all the 
materials are laid on ready for spreading, part of which is done : very few of the 
bridges Me made ; the portion from Drumahair to the Lake has been some time 
and would now require some repair. ’ 

Although little of this line is yet available, it is surprising to see what an im- 
provement it has excited m that mountain district; numerous houses are rising 
along the road, and tillage finding its way to the summit of the hill ; if finished 
It would be of infinite service, as limestone could be then easily procured bvthe 
return-carts sent to Sligo with produce. ^ 

Geem io Mount Allen Colliery Road. 

‘h** collieries, to connect 

the old roads of the Roscommon side with those of Sligo, has been opened some 
time , It IS now m need of repair. An intermediate portion of old conniy.road 
in Roscommon would also require improvement, and I have expected the propri- 
etors TOuld get this done by the county. I have also made a line from the hLh 
level of the coal-road aforesaid, across several deep dingles to the plain between 
the Arigna and the Shannon, to connect these with the Leitrim county-road, and 
give access to the Shannon navigation. The opening of this road was delayed 
in consequence of disputes with the occupiers, but this difficulty is now removed 
with an exception, which I hope to settle as soon as I can visit tile place. This 
road will not only be of great service to the Arigna Iron Company and the corf- 
owners, but has already produced an extensive agricnlturrf jimprOTement, esne- 
cially at the north end of the hills, by the introduction of lime, &c. &c. ^ 

Castlerea to Rallymoe. 

Tf’ become a great thoroughfare, was made witli broken 

stone, and, from the distance of the materials, has been more than usually expen- 
sive. I delivered it up to the Commissioners for repair; but as they made 
objections to it m that state of roughness, and the great extent of traffic was 
throwing it into disorder, I caused a general repair and dressing of gravel and 
turf-mould to be given to it, and it is now in good order. Nothing dse of ^v 
importance has been undertaken in this division. ■' 



THE COUKTY ROADS. 



I by loans from Government, in which 

I act as an overeeer, that m Leitrim has proceeded slowly, but is now likely to 
be resumed with more vigour since a further advance has been obtained, /hat 

from 



Printed image digitised by the University of Southampton Library Digitisation Unit 




ON THE WESTERN DISTRICT: i8a§. 



7 



from Elphin, or Shankil to Boyle, has also made great progress, but the mail- 
coach-line from French Park to the canal at Tarmonbary, has been a subject of 
great disappointment. 

^ This line was presented by the Grand Jury of Roscommon in 1 827. On finding 
the Commissioners in Dublin had no disposable funds, an application was made 
to the Commissioners of Exchequer bills in London, and as they had scruples 
about their power of lending on a grand jury presentment, an Act of last session 
provided for the application of a portion of their funds to that purpose, which has 
been transfeired to the commissioners for the issue of money in Ireland ; these 
gentlemen conceived a new presentment to be necessary for this purpose, which 
was lost by a vote in the grand jury last spring ; and although this was corrected 
by an unanimous vote at summer assizes, they found the money above mentioned 
had by that time been all appropriated ; in the mean time the treasurer has been 
levying the respective instalments, and a considerable sum is now at the disposal 
of the grand jury, but which (until they have some assurance of being able fo 
borrow the remainder) they cannot venture to apply. The completing of this road 
is really a national object; for, independent of its facilitating the intercourse 
across the province, its connection with the Royal Canal would tend powerfully 
to the promotion of agriculture. 

I beg leave to append to this Report a note of the revenue derivable in Cliltied, 
and the two new villages rising on the west of Conamara, than which nothing can 
more completely prove the good effects of the public aid, which has within these 
few years been applied in that quarter; before 1822 it certainly paid nothing 
whatever in the way of revenue ; but the improvement in trade is manifest in all 
the West of Ireland since 1822. I know, for one itein, that the Customs receipt 
of the port of Galway have doubled since that time. 

I also annex the general abstract of expenditure and receipt in 1828, 

and have the honour to be, my Lord, 

your Lordship’s obedient servant, 

ALEXANDER NIMMO. 
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APPENDIX. 



STATEMENT of the Revenues of Clifden, Raund$lone, and TuUi/, 



Post-office - 

i8 Low Spirit Licenses at £.383' 

6 High - ditto - -- 5 10 3 

9 Grocers ditto - -- -11- 

1 Distillery ditto - -- -- - 

1 Brewery and malt ditto - -- -- -- - 

1 License for manufacturing tobacco - 
u Ditto, for retailmg ditto at 5s. ------- 

1 Chandlers License - -- -- -- -- 

Duty on 4,8oolbs. tobacco, manufactured here by Mr. Gamam at 3s. - 

Ditto, on 2,1 10 lbs. manufactured tobacco brought from Galway, &c. 

at 3s. - - - - - - - - 

Ditto, on 8,472 gallons spirits, distilled hereby Joseph Smith, at 2 s. 7 d. 
Ditto, on 6,707 gallons spirits, brought here from Galway, &c. at 
2*. lod. ----------- 

Ditto on 2,100 lbs. of tea, sold here at 2». 6d. . . - - 

Ditto, on paper and leather -------- 

Ditto, on glass - -- -- -- -- - 

Ditto, on timber, including masts, oars, 8cc. - - - - - 

Ditto, on slates and coal - -- -- - - - 

Ditto, on 88 cwt. Jamaica sugar, at40s. ----- 

Ditto, on 44 cwt. inferior sugar, at 20s. - " 

Ditto, on silk shawls, handkerchiefs, tabinets, sewing silk, &c. sup- 
posed to be - - - - - - - ' 

Ditto, on English cloths of every kind sold here, muslins, &c. sup- 
posed to be from the great consumption at least - - - - 

Ditto, on hardware of every kind ------- 



200 - - 
61 8 6 

33 1 6 
4 19 - 
lO - - 

6 - - 
6 5 - 
2 15 - 



301 10 - 

602 9 2 



950 3 2 
262 1 - 



350 - - 

150 “ - 



2 Spirit Licenses - -- -- -- - 

1 Retail tobacco, ditto ------- 

Duty on 1,060 gallons spirits, brought from Galway, at 2s. lod. 
Ditto, on 400lbs tobacco, brouglit from Galway, at 3s. - 



6 16 - 
- 5 - 
150 3 4 
60 - - 



£. 217 14 10 



3 ^irit Licenses ------ 

1 Grocers ditto - - - - 

2 Retail tobacco ditto - - - 

Duty on 850 gallons spirits, brought from Westport 

Ditto, on 300 lbs. tobacco, at 3s. --- 
Ditto, on 120 lbs. tea, - - 2s. 6d. 



Clifden - 
Raundstone 
Tally - 



£, s. d. 
5,670 18 4 
217 14 10 
191 14 1 



In 1826 a similar return in 1826 gave 2,500^. The Herring Fishery will not be good 
this year ; as yet little or none have been taken. 
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Clifden, Februaiy 17th 1829. 

SlB, 

I send you an account of the Revenue derived from Clifden, Raundstoue, and Tuily. 

The greater part of this information I obtained from the officers of Customs and Excise 
residing here, and I have no doubt of its being correct, with the exception of the articles of 
silk, cloths, and hardware, the consumption of which is very great, and it is more than pro- 
bable they are undervalued. 

The trade of Clifden and the country in general is increasing fast, and likely to be much 
more productive next year. 

There are fifteen or sixteen houses building at Tuily, twenty-one at Raundstone, and 
seventeen at Clifden, but it is not likely it will increase as fast as Raundstone, it being so 
far from a good harbour, which the people here set a great value on. 



I am building one good house at Raundstone, and intend to build two more of a smaller 
size if I am able to do so. 



I am. Sir, 

Your obedient servant. 



Alexander Nimmo, Esq. 



Joseph Seville. 



Alexander Nimmo, in account with the Right Honourable the Lords Commissioners of 
His Majesty’s Treasury, for the Year ending 5th January 1829. 



D’ 












1 


£. s. d. 


£. s. d. 




To Balance brought from last year’s ac- 






1828 : 


count - - - - - 


- - 


9,784 - 


February 22d 


To cash from Treasury - 


2,999 13 10 




June - 28th 




4.999 13 10 




October 1 st 




4.999 13 10 










12,999 1 6 






£. 


22.783 2 3} 





C’ 




' 




•s 


1829: 




£. 1. d. 


January 5th 


By Amount of expenditure on the pubhc works in the 
Western District as per detailed abstract of vouchers 
now transmitted ------ 


13,284 11 3i 




Balance in favour of the Public - - - - - 


9498 11 -j 




The above balance consists in payments made on account, 
for which complete vouchers are not transmitted, or in 
advances made to pay clerks in the country, See. 

£. 


22,783 2 3{ 



(signed) . Alexander Nimmo. 

348- c 
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ACCOUNT of EXPENDITURE on the Public Works in the Western District, 
during the Year 1828. 



COUNTY OF GALWAY : 
Amount paid on the Cunnemarra Coast Road 

- - - - Killeries to Kilkerran Bay 

- - - - Spiddle to MoycuIIen 

- Slate Breakwater - 

- - - - Oughterard to Clifden - 

JOYCE COUNTRY ROADS : 
Amount paid on Wesport to Killery Harbour 

- - - - Killeries to Cong - - . 

COUNTY OF MAYO : 
Amount paid on the Ballintobber Road 

- - - - Achil Road - - - - 

.... Erris Road - 

- - - - Ballinrobe to Hollymount 

* - - - Killala to Broadhaven - 

COUNTY OF SLIGO ; 
Amount paid on the Ballyfarnon Road 

COUNTY OF ROSCOMMON: 



• Iron Works to Lough Allen 



COUNTY OF LEITRIM: 



Amount paid on Dromahair CoUiery Road 

- - - - Cloone to Mobil 

- - - - Keeloges to Newforrest - 
.... Croghan to Elphin 



ENGINEERING : 



Daniel Mackim 
James Clarke 
Patrick Knight - 
William O’Hara 



PAY AND ACCOUNTING: 

Joseph Reville, salary and forage two years - 
John Gray ------ ditto - 



£. s. 


d. 


1,388 1 


1 T 


1,790 12 


9i 


18 19 


2| 


203 6 


10 


49 19 


= 


1.718 1 


Gi 


2,169 14 


6 


55 5 


7 


558 7 




1.191 6 


4 


8 13 


2 


31 15 


5 


227 15 


■ 


84 18 


3i 


3>9 17 


11 1 


58 3 


5 


25 4 


- 


x6 i6 


- 


604 1 


9 


64 - 


- 


211 21 


ij 


273 7 


3 


428 14 


8l 


428 14 


8J 
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ON THE WESTERN DISTRICT: 1828. 



Pay and Accounting — continued 

John Nimmo ----- ditto - 
Roderick Gray, salary . . - - 

Robert H. Minty - 
Joseph Goodwin 
John Mac Ijcod - - 



( Time and expenses attending I j 
Account Office - - -| 



- 1824 to 1825 

- 1828 - 



- - 1827 to 1829 



POSTAGES AND INCIDENTAL EXPENSES : 

Joseph Reville, postages - -1824101826 

- . - Ditto - - - - 1826101829 
John Gray, carriage of parcels 1824 to 1826 

- - - Ditto - - - - — — “ 

- - - Ditto, postage 

- - - Ditto - - - 

James Clarke, postages 

- - - Ditto - - 

- Ditto, travelling expenses 1826 - 

- - - Ditto - - - - 1827 - 

John Nimmo, coach-hire and carriage of parcels - 
William O’Hara, postages - 1826 to 1827 

- Ditto, travelling expenses 1826101827 
Daniel Mackim, postages and travelling expenses 

- - - Ditto - - - - 1827 - 

Patrick Knight, postages - - 1826101827 

- - - Ditto ------ 

- - - Ditto ------ 

Daniel Mackim, postage, and travelling expenses 18*8 ■ 

CHARGES DUBLIN OFFICE: 



Postages - - ------- 

Stationery, printing, &c. ------ 

Rent of office in Dublin for the years 1826, 1827, and' 
1828 - 



£. 


s. 


d. 


643 


12 


1 


52 


3 


- 


^7 


11 


8 


'4 


8 


8 


7 


5 


- 


H 


14 


2 


12 


1 


- 


2 


6 


- 


3 


17 


Si 


6 


6 


11 i 


2 


12 


3 


1 


19 


4 


i 


- 


7 


3 


11 


10 ^ 


3 


10 


- 


1 


6 


10 


4 


19 


4 


10 


- 


- 


10 


12 


5 


16 


4 


10 


1 


11 


11 


1 


^7 


10 


1 


16 


2 


8 


1 


4 


37 


11 


9i 


189 


16 


7 


276 18 





108 8 6 



13,284 11 3f 



(signed) Alexander Nmmo. 



Printed image digitised by the University of Southampton Library Digitisation Unit 




348 . 




3 . 

I 



Printed image digitised by the University of Southampton Library Digitisation Unit 



PUBUC WORKS (IRELAND.) 



